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PAGE 01 PEKING 00410 280735 Z 
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ACTION OC-06 

INFO OCT-01 EA-07 ADP-00 CCO-OO OCL-OO SY-10 /024 W 

071786 

R 280710 Z JUN 73 
FMUSLO PEKING 
TO SECSTATE WASHDC 324 
INFO AMEMBASSY MANILA 
AMCONSUL HONG KONG 

CONFIDENTIAL PEKING 0410 

MANILA FOR RCO, ATO 

HONG KONG FOR RSS 

E. O. 11652: GDS 
TAGS: ACOM 

SUBJ: ENCLOSURE INSTALLATION 

REF: (A) STATE 125331 (B) PEKING 317 ( C) STATE 101090 
(D) STATE 092895 

1 . ALL PANELING AND FURRING STRIPS NOW REMOVED FROM WALLS 
AND CEILING OF CCC AREA. 

2. COLUMNS AND SUPPORT STRUCTURE ON EAST AND WEST WALLS 
REQUIRE BRICK WORK TO PREPARE WALLS TO RECEIVE PLASTER. 

THIS WORK IN PROGRESS. 

3 . WORK TO REINFORCE NORTH AND SOUTH END WALLS COMMENCING 
JUNE 28. 

4. PLASTERING WILL COMMENCE SECOND WEEK IN JULY, AND 
WILL TAKE AN ESTIMATED 15 WEEK DAYS. 

5 . USLO NOW ESTIMATES CCC AREA WILL BE READY FOR RAYPROOF 
AND COMM TECHNICIANS AUGUST 1. 

6. WE HAVE NTT YET RECEIVED DETAILED CONSTRUCTION DRAWINGS 
CONFIDENTIAL 
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AND SPECIFICATIONS ( REFTEL C). 

7. NO IDENTIFIABLE ELECTRICAL MATERIALS ( CONDUITS, WIRE, 
LIGHTING FIXTURES) YET RECEIVED ( REFTEL D). 

BRUCE 



CONFIDENTIAL 
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*** Current Handling Restrictions *** n/a 
*** Current Classification *** CONFIDENTIAL 
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Message Attributes 



Automatic Decaptioning: X 
Capture Date: 01 JAN 1994 
Channel Indicators: n/a 
Current Classification: UNCLASSIFIED 
Concepts: 

Control Number: n/a 
Copy: SINGLE 
Draft Date: 28 JUN 1973 
Decaption Date: 01 JAN 1960 
Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: boyleja 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973PEKING00410 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: GS 

Errors: n/a 

Film Number: n/a 

From: PEKING 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t19730632/aaaajruu.tel 

Line Count: 71 
Locator: TEXT ON-LINE 
Office: ACTION OC 

Original Classification: CONFIDENTIAL 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: CONFIDENTIAL 
Previous Handling Restrictions: n/a 

Reference: 73 STATE 1 25331 ( B) PEKING 31 7, 73 STATE 092895 

Review Action: RELEASED, APPROVED 

Review Authority: boyleja 

Review Comment: n/a 

Review Content Flags: 

Review Date: 06 AUG 2001 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <06-Aug-2001 by kelleyw0>; APPROVED <09-Aug-2001 by boyleja> 

Review Markings: 
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Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 

Status: <DBA CORRECTED> srp 980303 
Subject: ENCLOSURE INSTALLATION 
TAGS: ACOM, n/a 
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SECSTATE WASHDC INFO HONG KONG 

MANILA 

Type: TE 

Markings: Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 



Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 




